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Message Text 

UNCLASSIFIED 

PAGE 01 SINAI 00940 2206I4Z 
ACTION SSM-05 

INFO OCT-OI NEA-IO ISO-00 OC-06 CCO-00 DODE-00 INR-07 
/029 W 

2206I8Z 059632/23 

R2II34IZ APR77 
FM USMISSION SINAI 
TO SECSTATE WASHDC 2517 

UNCLAS SINAI 940 

FOR SSM 

E.O. 1 1652: N/A 

TAGS: ASEC 

SUBJECT: STATUS REPORT 

REP: SINAI 892 

1. THE RO SYSTEM IS EXPECTED TO BE FULLY OPERATIONAL BY WEDNES- 
DAY, APRIL 27. 

2. WATER TANK, RO SYSTEM, AND KK BUILDING ARE ALL INSTALLED. 
PLUMBING IS COMPLETED, SAVE FOR CONNECTION WITH RO SYSTEM INSIDE 
THE KK BUILDING. PIPES ARE LAID POR POWER CABLES TO RO SYSTEM; 

POWER SHOULD BE CONNECTED BY END FRIDAY, APRIL 22. 

3. WATER TANK HAS BEEN FILLED SIX INCHES AND SHOWS SOME LEAKS. 

THESE ARE TO BE FIXED BY SILICONING THE SEAMS. 

4. RO SYSTEM SUBCONTRACTOR, STIVERS, IS EXPECTED TOMORROW. 

HE WILL DIRECT FINAL PLUMBING, INSTALLATION OF GUAGES, AND 
SYSTEM CHECK. ROBERTS 

UNCLASSIFIED 
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